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LIMITED OFFICIAL USE MOSCOW 3865 

USDOC FOR THOMPSON/BEWT BROWNE/DESIGN/OIM 

E.O. 11652: N/A 
TAGS: BEXP, UR 

SUB J : INGLEMASH 76 - CONSTRUCTION BIDS 

1 . ALL BIDS FOR INLEGMASH 76 RECEIVED. NOWEA, COSSINO AND IPS DID 
NOT BID. THE FOLLOWING FIRMS AND BIDS HAVE BEN SUBMITTED: 

A) AMBROSIUS - $88,100 

B) SOVIET FAIR AUTHORITIES - $72,526 

C) GLAHE INT'L - $56,629 

D) INTERPUBLIC - $55,870 

2. ON BASIS OF ABOVE BIDS, DUSEX RECOMMENDS ACCEPTING INTERPUBLIC 
BID. GLAHE HAVING VERY DIFFICULT TIME WITH SFA ON TEMPORARY BUILD- 
INGS AND COULD AFFECT TIME SCHEDULE FOR OUR PAVILION. GLAHE ALSO 
INSISTS THAT HE ONLY RESPONSIBLE FOR SHELL OF BUILDING, NOT UTIL- 
ITIES, ETC. DUSEX IN PROCESS OF RESOLVING PROBLEM. 

3. USDOC MUST REALIZE THAT ABOVE BID WILL NOT BE FINAL PRICE 
SINCE 

MANY ITEMS SUBMITTED WERE ONLY FOR ONE UNIT. 

4. REQUEST BROWNE SEND ASAP TOTALS FOR LINE ITEMS IN BIDS WHICH 
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WERE NOT GIVEN PRIOR TO BID BRIEFING. 
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5. REQUEST IMMEDIATE AUTHORIZATION TO FINALIZE CONTRACT WITH 
INTERPUBLIC. 

STOESSEL 
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